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MEMORANDUM FOR THE RECORD 

SUBJECT ; Concurrence in Ame nd ment No. 12 to Contract So, PO -660 with 
Eastman I fiodak Company, Rochester, New York, LYRISN Project 
SSALICE - CORONA. 


1. This memorandum contains a racosmendation submitted for concurrence 
ef the undersigned. Such rec o m aen datlon is contained la Paragraph 5 . 

2, Contract Bo, PO-660 and Amendments Bos, 1 through 11 thereto, provide 
far the fur ni s hin g of all necessary labor and incidental materials required 
to opera te and maintain the film processing plant at Rochester, New York 
ftpQB inception of -tee contract to 30 June I 959 . Amcmtaent Bo. 12 to the 
contract has been drawn to increase the amount of funds allocated to the ; 
contract and to revise the contract hourly rates. 

3. The contract la a time -and-raterial type providing for performnee 
of wcsdc and services on a fiscal year tern basis. A total of $3,345,000, 
consisting of $175,000 of Fiscal Year 195 <5 CKALICB funds, $1,100,000 of 
fisc al Y ear 1957 CHALICE funds, $1,170,000 of Fiscal Year 1958 CHALICE funds, 
and $900,000 of Fiscal Year 1959 CHALICE funds have been obliged under the 
contract. An additional amount of $146,000, consisting of $111, non of 
flees! Year 1959 CHALICE funds and $35,000 of Fiscal Year 1959 CORONA funds, 
is obligated under the contract by this Amendment No. 12. Shis procurement 
action is authorised by Program Approvals CHAL-0617, dated 9 April 1959 
and COR -0360 dated 3 Iferch 1959* By concurrence to this memorandum the 
Cosptxvller signifies that sufficient funds are available for the additional 
obligations hereunder, 

4, Certification of funds for this contract will be handled under 
the procedure approved by the Director of Central Intelligence on 15 
Dtessfeer X95& which, in effect, results in all 8 (b) expenses involving 
issuance of Treasury Checks being accumulated in a separate account wi thin 
the Finance Division, The amounts in this account will be periodically 
scheduled fbr certification of the vouchers by the Director. This procedure 
eliminates the necessity for a separate certification of authority under 
Section 8 (b) of Public La v 110, aLst Congress, for each contract. 
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